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SPECIFICATION FOR 


painting AND decorating IN TIU 3 ) u.s.mint 


AT DENVER,COLORADO. 


TREASURY DEPARTMENT,Office of the Supervising Architect., 
Washington, R. C.June 6,1908,-SEALED PROPOSALS ,accompanied hy sketch¬ 
es,will he received at this office until 3 o'clock P.F.on the 13th 
day of July 1908,and then opened for painting and decorating in the 
U.S.Mirt at DENVER,COLO,,in accordance with the specification and 
drawings. 

James Knox Taylor, 

Supervising Architect, 

J • , 

«X • S « S • 

J.C.P. 

T.ff.s. 

L, A, S • 

A.B. 

N.B. Bidders must return drav/ings and specifications without 
marks,notes oh otherrautilations thereon. 

• •> * v * * * . . . 

The Government frank sent to intending bidders is to be 1 sed 
for the return of drawings and specificatiohB only. 


Form No. 8751 ^ 

Ed. Oct. 7-07—10,000. 


department, 


Office of the SUPERVISING ARCHITECT. 


SPECIFICATION for 

PAINTING AITD DECORATING IN THE IJ.S.ICTNT AT DEPP05R,COLO 


GENERAL CONDITIONS. 

FORM OF PROPOSAL AND SIGNATURE. 

Proposal must be made on tlie blank form hereto attached, inclosed in sealed envelope, marked proposal with title of 
building as given above, and addressed to the Supervising Architect, stating in writing and figures (without interlineation, 
alteration, or erasure) the sum of money for which the bidder proposes to supply the materials and perform the \v r ork required 
by the drawings and this specification, and the time within which he proposes to complete the work, and the unit prices 
called for in proposal sheet. The proposal must be signed with the full name and address of the bidder; if a copartnership, 
the copartnership name by a member of the firm, with the names and addresses in full of each member; and if a corporation, 
by an officer in the corporate name, with the corporate seal attached to such signature. No telegraphic proposals or telegraphic 
modifications of proposals will be considered. Proposals received after the time advertised for the opening will be returned 
unopened. If proposal is sent by registered mail, allowance should be made for the additional time required for such transmission. 

CERTIFIED CHECK. 

Each bidder must submit with his proposal a certified check, in a sum equal to 2 per cent of the amount of such proposal, 
drawn to the order of the Treasurer of the United States, and the proceeds of said check shall become the property of the 
United States, if, for any reason "whatever, the bidder, after the opening of the bids, withdraws from the competition, or 
refuses to execute the contract and bond required in the event of said contract being awarded to him, and checks submitted 
by the unsuccessful bidders will be returned after the approval of the contract and bond executed by the successful bidder. 
Copy of contract and bond will be furnished the contractor after the approval of his bond. 

EIGHT-HOUR LAW. 

The attention of bidders is called to the Act of Congress approved August 1, 1S92, limiting the hours of dailv service of 
laborers and mechanics employed upon public works of the United States to eight hours iu any one calendar day. 

SUBCONTRACTORS. 

No subcontnictor or other person furnishing material or labor to the contractor will be recognized, nor will this Depart¬ 
ment be responsible in any way for the claims of such persons beyond taking a bond, as required by the Act of Congress 
approved August 13, 1894, which provides in substance that when a formal contractislet for the erection or repair of a public 
building, etc., the contractor, before commencing such work, shall furnish the usual penal bond, with good and sufficient 
sureties, with the additional obligation that such contractor will make prompt payment to all persons furnishing him labor 
or materials used in the prosecution of the work. Persons so furnishing materials or labor have a right of action on said 
bond, in the name of the United States, for their use. No formal contract is usually let, however, and no bond taken where 
the amount involved is less than §2,000. 

PARTIES IN INTEREST. 

No Member of or Delegate to Congress and no officer of the Treasury Department, superintendent, inspector clerk 
employee, or other person m any manner connected with the Office of the Supervising Architect, shall lie interested’ either 
directly or indirectly, m the contract or work herein provided for, or be entitled to any benefit derived therefrom; and any 
violation of this understanding shall work a forfeiture of all moneys which may become due to the successful bidder. 

RIGHTS RESERVED. 

Iho material proposed to be used, time for completion of work, and the competency and responsibility of bidders will 
receive consideration before award of contract. * J iA 

The Treasury Department reserves the right to accept any part or parts of the proposal made at the prices included in 
same; also to waive any informalities in, and to reject any and all proposals, and to require the contractor to discontinue the 
services of auy workman employed on the work who is unskillful or otherwise objectionable. 

FORM OF CONTRACT. 

The contract which the bidder agrees to enter into shall be in the form adopted and in use in the Office of the SnnprvkRur 
Architect, blank forms of which can be inspected at said office, and will be furnished, upon request being made to miries 
proposing to submit bids. In case of the abrogation of the contract, whether by reason of the default of the contractor his 
bankruptcy, or other cause the Supervising Architect, acting for both parties, shall have the right to determine the valuation 
of all work performed and all materials furnished in place in connection with the contract, and of all material maSnerv 
tools, etc., upon the site of tlio building taken possession of by the Government, and his decision shall be final ’ y ’ 

PROTECTION OF WORK AND MATERIALS. 

The contractor must obtain at his espense, all necessary policies of insurance on work and material supplied by him as 
the same will l.e at his nsk until lmal com pie i on inspection and acceptance: hut the contractor will he relieved of am riak 
for that portion of the building occupied by the Government before entire completion of his contract. y 

MODIFICATIONS. 

1 he Deportment reserves the right to make any additions to, omissions from, or changes in, or substitutions for tho work 
or material called for by the drawings and specification, without notice to the surely or sureties on tho bond given tenure 
satisfactory compliance with the terms of the contract; and the Department further reserves the right t^emlmd adffirional 
8e ( mity when additions are made, if in its judgment, such security is required. The unit prices called for in the monosal 
sheet shall bo used as the basis of value of such additions, omissions, or changes, if they are deemed reasonable^ bv the 
Supervising Architect. If deemed unreasonable, or if none applicable are given, and no agreement can be reached bv ihe 
Supervising Architect and the contractor as to the reasonable value of the work, then the Supervising Architect shalllm-e 

o,nissio,is> or chM * es ’ 811,1 daim f - 

PAYMENTS. 

Payments will be made as hereinafter stated. 

DELAYS. 

- Eacl * bidder must submit his proposal with tliedistiuot understanding that, in case of its acceptance, time for the completion 
omr wor k shalllw considered as of the essence of the contract, and that for the cost of all extra inspection and for all amounts 
paid for rents, salaries ot contingent force, and other expenses entailed upon the Government by delay in completing the contract 

the United States shall be entitled to the fixed sum of TEN dollar, <1 ft nn 

computed, estimated, and agreed upon, for each and every day’s delay not caused lo the United States 
or id<d however, that the collection of said sum may,in the discretion of Ihe Secretary, be waived in whole or in n irt' 

causeinly^tliQ Government. *° b ° ent,tU<1 to 0,16 dHy ’ in nddition to sncb stipulated time, for each day’s delay that may to 

. ,,f. ttepartnient. acting for the United States, reserves ihe right to suspend any portion of the work embraced in the 
contract, whenever, in its opinion it would be inexpedient to carry on said work. lnpraoea m tbo 


EXECUTIVE ORDER. 


Attention is directed to the following Executive order; 

Whereas by an Act of Congress which received Executive 
approval on February £3, 1887, all officers or agents of the 
United States were as a matter of public policy, forbidden under 
appropriate penalties, to hire or contract out the labor of any 
criminal who might thereafter be confined in any prison, jail, 
or other place of incarceration for the violation of any laws of 
the Government of the United States of America. 

It is hereby ordered that all contracts which shall hereafter 
be entered into by officers or agents of the United States in¬ 
volving the employment of labor in the States composing the Union, 
or the Territories of the United States contiguous thereto, shall, 
unless otherwise provided by law, contain a stipulation forbid¬ 
ding, in the performance of such contracts, the employment of 
persons undergoing sentences of imprisonment at hard labor which 
have been imposed by courts of the several States, Territories, 
or municipalities having criminal jurisdiction." 


EXECUTIVE ORDER NO. 2. 


, . I 1 : A1 1 Departments of the Government under the supervision of 
which public works are being constructed are hereby directed to 
notify the representatives stationed at such publU, works to re 
port at once to their respective Departments all casein which" 
contractors or subcontractors on works now under construction 
have required or permitted laborers or mechanics in their emolov 
to work over eight hours in any one calendar day. employ 

- A11 G ° vernment representatives in charge of construction 

of public works are further directed that it is part of their dutv 
Report ° th6ir res P ective Departments each and every case n 

nvll ! a £? r S rS ° r m ® chanics are required or permitted to work 
over eight hours a day on the works under supervision of such 
Government representatives. Wherever reports showing work in 
excess of eight hours a day are received by any Department 

action. referr * d th * D °P«‘“-t of JuJti .\ 

_ \ Departments of the Government under the suDervioinn 

of which public works are being constructed by contract are 
further directed to have their respective legal officers orenarp 
and forward to the President a list of such statutes and LSF F 
orders as have a direct bearing on contracts * E * ecutlve 

of public works, and with whicE bidderson"such 

made acquainted. worxs snould be 




TREASURY DEPARTMENT. 
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NOTICE TO SURETIES. 


The attention of the Sureties is particularly directed to the following conditions: 

, a , The flnal inspection and acceptance of the work shown bv the 
not T g R' a ? d specifications forming a part of the contract^hall 
not be binding or conclusive upon the United States if it shall 

lenti qUent +h app ® ar ^ at . the contractor has willfully or fraudu- 
n ■+ or t, ^ irou 6 h collusion with the representative of this 
partment in charge of the work supplied inferior materials or 
workmanship, or has departed from the terms of his contract In 
any such case the United States shall have the right notwith¬ 
standing such final acceptance and payment, to ca^ise the work to 

extends in P th f ° rmed - and 3atisfactor y material supplied to such 
n TotT* l the opinion of the Supervising Architect may be 

specification ^ W ° rk in accordanc e with the drawings and 

and ^ ? S there £ or at the cost and expense of the contractor 

and the sureties on his bond, and shall have the right to recover 
against the contractor and his sureties, the cost of such work 

i°f® ther s * ch °ther damages as the United States may suffer 

because of the default of the contractor in the premises the 

made. aS t ° Ugh such acceptance and final payment had not'been 

Ml cut ion is called to Section 21 of the Act approved June 6,1902, which provides 
as follows: 

aftF^yl ^ f 11 ° ontra °ts entered into with the United States, 
after the date of the approval of this Act, for the construction 

of thp 3 ^ ° an y public building or public work under the control 
th ® J r ® aaur y Department, a stipulation shall be inserted for 
liquidated damages for delay; and the Secretary of the Treasurv 

of such b d authorized and empowered to remit the whole or any part 
such damages as in his discretion may be just and equitable* 

anv bond 1 ^i SUltS hereafter commenced on any such contracts or On 
fo? the Uni^d i? r^^io? therewith ^ shall not be necessary 
acL^ whether Plaintiff or defendant, to prove 

actual or specific damages sustained by the Government by reason 
of delays, but such stipulation for liquidated damages shall be 
conclusive and binding upon all parties." 
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Proposals shall he based upon drawings Nos 101 T),102 ti 107 
■^,103 T) and 109 3) and this specification. 

EXTENT AND CHARACTER OP THE WORK. 

There is available 3613,000.00 for painting ana aecorating 
hereinafter mentioned,and the bidder is to submit drawings to a 
scale of i" to the foot showing the general character of the dec¬ 
ora ion and details to a scale off" to the foot showing the color 
scheme and decoration in detail. 

All walls and ceilings in corridors,etc.which are tinted on 
theplans are to be painted and very simply decorated,the portions 
tinted to a light blue are to have more elaborate decoration. 

The drawings ove mentioned are intended for general informa, 
tion only as to location of work. 

bidders should visit the premises and fully inform themselves 
of the character of the work and the conditions under which it 
must be done,and failure to do so */ill not relieve the successful 
bidder from the necessity of furnishing, with out additional expense 
to the Governments materials and performing all labor that may 

be contemplated ,to the satisfaction of the Supervising Architect. 
PAYMENTS. 

Payments will be made monthly on account of the work satis¬ 
factorily completed,based upon the esti jjated value thereof as as¬ 
certained by the Supervising Architect,less 10 fo of such estimate 
which will be retained until after the final acceptance by ths duly 
authorized representative of the Government,of all labor and mater¬ 
ials embraced in the contract,when final payment will be made;but 
the Government reserves the right to withhold any payment until all 

defects are remedied or until samples as required by the specifica 
tion are supplied. 

TIME TO COMPLETE. 

The wo* must he done at such times and in sudi manner as the 
Custodian may direct eo as to interfere as little *s possible wife 


V 
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PPOTECTIOF. 

All work and materials of every description now in place or 
contemplated by this specification,shall be fully protected from 
damage from any source. 

Furniture,etc . , must be protected by cloths andif ao directed 
cloths must be hung under scaffold to prevent ' paint from 
dropping. 

Furniture,carpet s,cases, etc. , shall be removed by the contract¬ 
or as may be necessary for the proper execution of hh.e wo^k and 
upon completion of the work,be satisfactorily replaced. 

DAMAGES. 

The contractor will be held responsible for,and be required 
to make good at his own expense,any and all damage done or caused 
by him or his workmen in the execution of any work i nder this 
specification. 

EQUIPMFFT. etc . 

The contractor must furnish all scaffolding,rBChinery, 
tools,utensils,etc. necessary for performing the work,and the same 
must v e at all times suitable and safe. 

CLEAFIFG. 

At the completion of the work,av\d as often during the execu¬ 
tion of the same ajs the Custodian may direct,the contractor must 
clean uj all dirt and rubbish caused by him E*-nd remove the same 
from the premises and clean off all paint spots from furniture, 
cases,floors,etc. 

SAMPLES. 

The contractor shall,with in three weeks from date of approval 
of his tondj&’bmit to the Supervising Architect,for his approval 
the following samples of materials ,wiih charges prepaid. 

PAIFTED strips 3" x 6" showing all colors to be used. 


WHITE LEAH 
LINSEED OIL 
TURPENTINE 
DRYER 
COLORS 


Tv;o pounds, 
One quart, 
One quart 
One quart 
each kind. 


^ with name of manufacturer. 


/ 


The contractor shall also submit during the progress of the 
work any other^materials that may "be required. 

Materials for which sanples are required shall not\be deliver¬ 
ed until samples of the same have been approved by the Supervis¬ 
ing Architect and the materials deliverednrust correspond in every 
respect with the approved samples . 


TO INSPIRE PROMPT CONSIDERATION OP SAMPLES, a letter SIGNED 
BY THE CONTRACTOR must >>e mailed to the Supervising Architect on 
the date of each shipment,containing the folloving information: 

A list di owing every sample forwarded. 

The brand and name of manufacturer of lead,oil,dryer,and 
colors. 

The above informtion must not be forwarded in the same 
package with sroaples. 

Anj sample receivs d inad^ance of such letter v-'ill be held 
two weeks and if at the expirati on of such period the letteris not 
received the package will be c onside red "Unci aine d Goods". 

It is suggested that samples of materials be obtained di¬ 
rect from the manufacturers,after fully advising them of the spec¬ 
ification requirements ,as the failure of any of the above samples 
to pass the laboratory test is considered sufficient grounds for 
refusal to consider under this specification any other sample or 
brand from the manufacturer whose goods were defective. 

Each sample must have a label showing the material represented 

by the sample,- he name of the contractor and the building for which 
it is intended. 


Attention is called to the fact that time is req?. ired fortest¬ 
ing and inspecting samples of materials and in no case will the 
time for completion of the contract be extended on account of fail¬ 
ure of contractor to submit samples as above specified. 

Attention is particularly called to the rights reserved ,as 
hereinbefore specified , to withhold payment if samples are not 
promptly submitted as required. 

PAINTING. 

All loose and defective plastering shall be removed ribtd keys 
thoroughly cleaned,cutting out the damaged portions to clean,sharp, 
sound edges. 


Cracks over l/lG" wide shall be cut out the full depth of 
the plaaster at least on each side,dove tailed in section. 

All cracks or joints shall be cleaned,moistened ,and filled to with¬ 
in l/8" of the finJstlE d surface with plaster of Paris,mixed with 
thin glue size and after becoming dry and hard given a coat of 
paint,covering well the edges of old plaster;then fill with white 
lead putty and when dry sand paper smooth with contiguous work. 

Hair cracks shall be filled with white lead putty. 


All ornamental plaster shall be restored.All cracks between 


wood work and plaster,especially around openings shall be caulked 
with odeum where practicable and be pointed with putty. 

All plaster shall be cleaned with an approved wash,sand paper 


ed where necessary,and rinsed down with clean water. 

All plaster shall be sized with lead,oil,turpentine and dryer 
in the proportion of 10, lbs.of lead ,3 gallons of linseed oil,5 
gallons of turpentine and£ gallon of dryer;then cover all plain 
surfaces including that of friezes.pilasters,etc., with best quaT 
ity 10/4 sheeting,carefully pasted on in the best manner,and all 


superfluous paint scraped out(canvas 
decorat-*ve wo-k *+ preferred.) 


may be used in connection with 


10 


When dry,all seams shall be filled with putty and the entire 
surface carefully sand papered to a smooth surface so no seams 
or cracks will show in the finished work . 

After being prepared in the foregoing manner,give not less 
than fotir coats of pure white lead thinned with, raw linseed oil 
and turpentine,the last two coats to be stippled and the last coat 

(fourth coat)to be flat color. 

All tints shall be selected by the Supervising Architect. 

All decroative work shall be in addition to the above painting. 
All cracks or seams showing after the work has received the 
last coat of paint will he sufficient cause for rejection of the 
work where they occur. 

James Knox Taylor, 

Supervising Architect. 


A.B. 




0 
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TREASURY DEPARTMENT, 

Office of the Supervising Architect 

T uly 6, 1903. 


ADDENDUM to the Specification for Painting and Decorating at the 
U.S. Mint, Denver, Colorado. 


Bidders are hereby notofied that the time for opening 
proposals for the above mentioned work has been extended fj c m 
July 15, 1908 to 5 o'clock P.M. August 19th,1903. 


E.D 


© 


James Knox Taylor, 

Supervising Architect. 


TREASURY DEPARTMENT, 

Office of the Supervising Architect 

T uly 6, 1903. 


ADDENDUM to the Specification for Painting and Decorating at the 
U.S. Hint, Denver, Colorado. 


Bidders are hereby notofied that the time for opening 
proposals for the above mentioned 7/ork has been extended fj om 
July 13 , 1908 to 5 o'clock P.M. August 19th,1903, 


James Knox Taylor, 

Supervising Architect. 


PROPOSAL FOR PAINTING AND DECORATING IN THE U.S.25INT AT 


N.B. 


DENVER,COLORADO. 


After this proposal sheet is filled out it must noT. be 
forwarded under frank,hut must he detached and forwarded under 
separate cover ,with postage prepaid hy the bidder. 


August 17th. 


19 qs>. 


To the 

Supervising Architect, 

Treasury Department, 

Washington,D.C. 

Sir.* 

I_hereby propose to furnish all the^ab'>r and materials requir¬ 

ed for painting and decorating in the IT. S. Mint at DENVER,COLO., in 
strict accordance with the specification dated June 6 , 1908 ,the 
accompanying sketches,and the instructions of the Custodian, for 
the sum of, 

_ Eighteen Thousand Dollars _ ^ 18,QOO.Qo]fioo 

TIME TO COMPLETE. 

- __Qzi_ox_ h-e±arfiu±ime_.a±atad_ 


John Gibson 

125 So. 11th St., 


Phils., Pa 










treasury department. 

urricB or tub SurEuviKiso ABCumscr. 

Form 8746. 


\ 
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In determining which is the lowest bid, it is understood that the 
Government reserves the right in awarding the contract to deduct any 
separate amount named in the proposal for any item mentioned therein. 


♦ 


NOTIC 


A CERTIFIED CHECK 


Must accompany this 
B I D to entitle it to 
CONSIDERATION. 




Signature, 


John Gibson, 


Address, 


125 SO. 11th St., 
Phila., Pa. 


Names of Individual Members of Firm, 
Murray Gibson 


Name of Corporation, 


Name of President, 


Name of Secretary, 


Under what law corporation is organized. 







DENVER: MINT. JCP P LAS LHB C PL 

TREASURY DEPARTMENT, 

Inclosure 1556. Office of the Secretary, 

Washington, Sept. 26,1908. 

Mr. John Gibson, 

125 South 11th Street, 

Philadelphia, Pa. 

Sir: 

In accordance with Department approval of the 24th instant, 

your proposal, dated August 17,1908, received under advertisement 

of June 6,1908 and opened August 19,1908, is accepted to furnish 

all the labor and materials required for painting and decorating 
drawings numbered lCl-D,i02-D,107-D,108-D, and 109-L, the 
in the U.S.Mint, Denver, Colorado, in strict accordance with the^ 

specification dated June 6,1908, and the sketches submitted by you, 
v/ith such modifications as may be direoted by the Supervising 
Architect, and the instructions of the Custodian, for the sum of 
eighteen thousand dollars ($18,000.00). 

It is understood and agreed that the work is to be completed 
on or before April 15,1909, instead of March 1,1909 as specified, 
this extension being made beoause of the delay in awarding the con¬ 
tract. 

One copy of the specification is inclosed for your use. 

It is understood and agreed that the mural paintings are to be 
done by an artist who is satisfactory to the Supervising Architect, 
and you are advised that Mr. Vincent Aderente, whose name is mentioned 
in your letter of September 10th, is entirely satisfactory; but,in 
case it is not possible for you to obtain his services, an artist, 
of your nomination, will be seleoted, who, in the opinion of the 
Supervising Architect, has equal ability, / 

It is understood and agreed that you are to execute a formal 
contract with bond in the sum of nine thousand dollars ($9,000.), 
guaranteeing the faithful performance of the work embraced in this 
acceptance, a form for which will be forwarded you. This contract 
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with bond, must be executed in strict accordance with the rules 
printed at the head of said form, and be returned to the Supervis¬ 
ing Architect of this Department at once. 

The proceeds of the check submitted with your proposal will 
be retained until the approval of your bond by the Secretary of the 
Treasury, of which you will be advised. 

Payments on account of the work will be made as required by 
the terms of the contract, as set forth under the heading* ,fS P4/QSE]5TS” 
on page 4 of the spec!fication, from the appropriation for "Mint Build¬ 
ing", DenVer, Colorado". 

— A copy of this letter will be forwarded to the Custodian of the 
building. 

I 

You are requested to acknowledge the receipt of this acceptance. 

Respectfully, 

J.B.Reynolds, 

Acting Secretary. 

W JCP JS3 JAW ZEMP3R L 



MURRAY GIBSON DBA JOHN GIBSON 
Philadelphia, PA 

Contract for decorating andpainting the 
interior. 

Contract Worth: $ 18,000.00 
Contract Signed: Sept. 28, 1908 

Completion date April 5 , 1909 
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INSTRUCTIONS TO 


BE FOLLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


bond. 1110 CHK1BTIAN NAMES (ono or rnoro) moot lw written in full in the body of tho 

When tbo contracting party m a PARTNERS HIP concern, the CONTRACT moot 

, WUb tt ° KIHM NAME ' BOND mu,l l w Z™ J JXi 

i>y EACH tncnilicr of tho firm. When tlio contracting party in „ CORPORATION tho 
non tract and bond mu* bo nlgnod in tho CORPORATE N A ME bytboiuiyuuthorl^l 
offleor of tho corporation; there must bo attachod to tho contract duly authenticated 
2"“;“ '»■“ "flb-cr oiocnting tlio contract ami bo ml ban authority to do »„, am! 
tlint ho hw lwon duly olocte.1 to auch offleo, and tho corporate seal must lw affixed to both 
tho contract and bond. In tho event that tho corporation haa no ror^mtoacll thobu t 
Hhou d bo shown ; and in such case a noal of wax or wnfor should bo adopted and used for 
the time beingostho soul of the corporation. 

tho con true t^'* mMt <Ut0d: " d tho b,m<l m,,Btof tho mm " (or au)Mo4|uont; duto ua 


S. Each oittnaturo must bo made III tho presonoo of two persons, who must slim tlioir 
nazncN uh witnatstw, 

4. Then* iiiuxt. not 1 k< lees than two individual surety : but ono corporate surety, duly 
qualified under tho Act of t’ongress of August 18,1814. may be accepted as sole surety 

5. Souls of wax or wnfor must be attached to the signatures on the bond of the prin¬ 
cipal and sureties No seals are required to signatures on contract, except corporate seals 

6. A married woman will not bo accepted as surety. 

7. The sureties must justify in amounts the aggregate of which will bo equal to at 
least twico tho penalty of tho bond. 




ThiB rule applies to corporate as well as Individual sureties; and corporate sureties 
will ulso bo required to attach to each bond a copy of the last statement of their assets 
and liabilities, os rendered pursuant to section 4 of tho Act of Congress of August 13,1894. 

8. Each surety rnjist make and sign.an affidavit of tho amount he is worth ovor and 
ubovo all debts and liabilities, and snch exemptions as may be allowed by law. 

9. Sureties, other than corporate sureties, must state undor oath that they are not 
responsible uh sureties on any other bond ; or, if so liable, tho amount of snch liability. 

10. The affidavits of sureties must bo taken and subscribed before an officer 
authorized to administer oaths generally, who must certify that ho administered the 
oaths. If the affidavits are taken before a clerk of a court of record, a United States 
commissioner, or a notary public, whose official seal is thereto affixed, or before a judge 
of u Unitod States court, authority to administer tho oaths need not be shown; but If 
taken before any other officer, or if the official sml of tho clerk, United States commis¬ 
sioner, or notary, is not affixed, tho authority to administer the oaths and the official 
character of the offleor must be duly certified. 

11. A Judge or clerk of a court of record, a Unitod States attorney, or a United 

States commissioner, must certify that tho sureties are sufficient to pay tho penalty 
of the bond; and, except in the case of a judge of tho Unitod States courts or a 
United States attornoy, if tho person certifying lias no seal, his official character must 
be duly certified. Tho foregoing does not apply to corporate sureties who have comnliod 
with rule 7 hereof. y 


- r- -U,. vv.w .A) umuutwj, BMHUU . 

13. All erasures and interlineations in contract or bond must be noted abovo the 
signatures of the witnesses as having been mode before the execution thereof. 


1 CONTRACT 

2 

BETWEEN THE 


UNITED STATES OF AMERICA 


4 

5 
G 

7 

8 


9 


AND 

John Gibson* 

ICVCttS, By adv ertisement, duly made aud published according to law, proposals were asked for furnishing all of the labor 
and materials for the work herein provided for ; and 

< 23Uxcrca$^ The proposal of John Gibson, 

furnished in response thereto, was duly accepted, as hereinafter stated, on condition that execute a contract in accordance 


10 with the terms of said bid. 

11 ttlCVCforC; ttlis made and entered into by and between J. B# Reynolds, Acting 

12 Secretary of the Treasury, for and in behalf of the United States of America, of the first part, aud John Gibson (being the 

13 name and style undor which Murray Gibson does business)* of Philadelphia, Pennsylvania 

14 

15 of the second part, 

16 WLiUUBBCth: That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to and 

17 with the party of the first part to furnish all of the labor and materials and do and perform all the work required for painting 

18 and decorating the new Mint at Denver, Colorado-, 
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in strictanil full accordance with the requirements of drawings numbered 101—]), 102—2, 107—D t 108—1>, 109—D, Slid 
he sketches submitted by saia party of the second part with said proposal. 


and such other detail drawings as may be furnished to the party of the second part by the Supervising Architect of the United States 
Treasury Department; the advertisement for proposals, dated June 6 9 1908 5 the specification for the work ; 

the proposal dated August 17,1908 , addressed to the said Supervising Architect by the said party of the 

second part; and letter dated Septomber 26,1908 , addressed to the said party of the second part by 

J*B»ReynoldS, Acting A aH wton i Secretary of the Treasury, accepting said proposal ; 


a true and correct copy of each of which said papers is attached hereto and forms a part of this contract; and which said numbered 

and sketches 

drawings, bearing the signature of the said Supervising Architect and the signature of the said party of the second part, are on file in 
the Office of the Supervising Architect of the United States Treasury Department, and are hereby made part of this contract. 

And the said party of the second part further covenants and agrees that the work herein agreed to be performed shall be 
commenced promptly upon receipt of notice of the approval of the bond hereto attached, and that the same shall be carried on in such 
order and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 
Architect or his representative, and that the same shall be completed in all its parts w444*in by April 15,1909; 


that all materials used shall be of the very best quality of their respective 

kinds*, tYia.1 aU t\u». work Y><>r forme*! whuU »»» »»»•* »•»«»-• «»• •**•*•• .* *'.... — .. ... * 

J, ™ work porfornred 3 bo in every respect to the entire nod onruplet. satistholion of the SopcrvMng Arch.tect. 

Am, the „id party of the second part erptensly covenant. arrd agree, that the heed here., attaehed aril he verity, al». for the 
aatisthetory perform..,™ and fnISIlmcnt of all the gnarantne. set forth in or reqnired by .aid apecillcation. 


hv »t*l *r*w*fi * • 


% 


Arc 


' k ’ ** s # vl Hi l* 


H3 


• ,». J if « 


rcm**v *- & ij 


\&i . ito!) ] IW3I6 


It is expressly covenanted and agreed by and between the parties berolo that time is and shall to considered as of tie essence of 
the contract on the part of the party of the accond pmt, and in the event th.t the said part, of the second par. shall M I. the do. 
performanco of the entire work to to performed under this contract, by and at the time herein mentioned or referred to, the said party 
of the second part shall pay onto the party of tho first part, as and for liquidated damage*, and not as a penalty, thn som of 

dollars, for each and every day the said party of the second part shall be in default, which said 
dollars per day, iu view of the difficulty of estimating such damages with exactness, is 
hereby exi^S fixed, estimated, computed, determined, and agreed upon as the damages which will be suffered by the party of the 


3 


1 first part by reason of such default, and it is understood and agreed by the parties to thus contract that the liquidated damages 

2 hereinbefore mentioned are in lieu of the actual damages arising from such breach of this contract, which said sum the said party 

3 first part shall have the right to deduct from auy moneys iu its hands otherwise due, or to become due, t-o the said party of the second 

4 part, or to sue for aud recover compensation or damages for the nonperformance of this contract at the time or times herein stipulated 

5 or provided for. 

6 The party of the Becoud part further covenants and agrees to hold and save the United States, its officers, agents, servants, and 

7 employees, harmless from and against all and every demand, or demands, of any nature or kind, for, or on account of, the use of an> 

8 patented invention, article, or appliance, included iu the materials hereby agreed to be furnished under this contract. 

9 It is further covenanted and agreed by and between the parties hereto that the said party of the second part will, without expense 

10 to the United States, comply with all the municipal building ordinances and regulations, in so far as the same are binding p 

11 United States, and obtain all required licenses and permits, and be responsible for all damages to person or property which may occur 

12 in connection with the prosecution of the work ; that all work called for by the drawings and specifications, though every item be not 

13 particularly shown on the first or mentioned in the second, shall be executed and performed as though such work were particularly 

14 shown and mentioned in each, restively, unle*« otherwise specifically provided; that all materials and work furnished shall be 

15 subject to the approval of the said Supervising Architect; aud that said party of the second part shall be responsible for the proper care 
lfi and protection of all materials delivered and work performed by said party of the second part until the completion and final acceptance 
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of same. 

It is further covenanted and agreed by aud between the parties hereto that the said party of the second part will make any 
omissions from, additions to, or changes in, the work or materials herein provided for whenever required by said party of the first 
part; the valuation of such work and materials to be determined on the basis of the contract unit of value of material and work 
referred to; or. in the al>sence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are- to be 
determined by the said Supervising Architect, whose decision with reference thereto shall be binding upon both parties; and that no 
claim for damages, on account of such changes or for anticipated profits, shall be made or allowed. 

It is further covenanted and agreed that no claim for com pension for any extra materials or work is to be made or allowed, 

unless the same be specifically agreed npon in writing or directed in writing by the party of the fin* part; and that no addition to, 
omission from, or changes in the work or materials herein specifically provided for shall make void or affect the other provisions or 
covenants of this contract, but the difference iu the cost thereby occasioned, as the case may be, shall be added to or deducted from the 
ill of the contract; aud, in the absence of an express agreement or provision to the contrary, no addition to, or omission from, or 
changes in the work or materials herein specifically provided for shall be construed to extend the time fixed herein for the final 

completion of the woik. 

It is farther covenanted by .ad between the !»««. bend. 0-all materia* b.n.Wmd and work dan.under tear 

•matter, aha., b« .abject to th. iaapcctian of the Sopervuriog Architect, the caper,ateudeat a, the bonding, aad of ether laapectote 
appelated hy tee cid party o, tee fimt part, will, the right te reject aay aud ail ..rk or material aat ia accordance with thi, coattec. i 
aad tee deri.i.a o, «r,d S.„»v,.ing Architect aa « duality aad rptaatity Call be final. Aad it * further eeveuauted aad .Steed by 
aad bet.ee. tee partite hereto teat said pari, tee eecoad prut .'ill without crperme te the United Statte. withi. a teteonable time 
to be specified by the 8up.rvi.iag Architect, reared, or remove aay defective or onsatafactory material or work; aad that, ia the 
event of tec failure of the part, of the aeeoad part immediately to proceed aad faitefally <»„tiaae so te do, said party of tee first part 
may have the same doae aad charge the cert thereof to tt. aeeoaot ef sairl party of the aeeoad prrrt 

It i, (lirther eoveaaated aad agreed b, aad betweea the partite berate that oatil fi.al iirspecUeo and aoteptaooe of. aad payment 
all ef tee nrateriaf and work herein prorated for, no prior ir»p*T.i»„, payment, or art ia to be construed a. a waive, of the right«, 
2 party of ,h. firm part to rificct aay detective work or materia, a, te m.alte the fulfillment af ef tee term, of the cantem*. 

ft i. further covenanted and agreed teat tee party ef tee fiart part .hall have tee right to require that aay particular portion of 
.hr work herein provided for nhall Ire completed within such time aa may ire hereafter definitely specified by tire sard part, of the hist 
,1 fa written atei« te tee »id part, ef tee «cond ,mrt, and teat rrhordd the rmld ,mrty of the teeaad part fail U> complete such 
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1 particular portion of the work within the time so specified, or fail to complete the entire work contemplated bj tnis contract within the 
- time or times herein stipulated or provided for; or fail to prosecute said work with such diligence as in the judgment of tin part> of 

3 the first part will insure the completion of the said work within the time hereinbefore provided, the said party of the first part may 

4 withhold all payments for work in place uutil tiual completion and acceptance of same, and is authorized and empowered, after eight 

5 days’ due notice thereof in writing, served personally upon or left at the shop, office, or usual place of abode, or with the agent, 
fi the said party of the secoud part, and the said party of the second part having failed to take such action within the said eight days 
7 as w ill, in the judgment of the said party of the first part, remedy the default for which said notice was given, to take possession of the 

* ^ said w'ork in whole or in part and of all machinery and tools employed thereon and all materials belonging to the said party of the 
9 second part delivered on the site, and, at the expense of said party of the second part, to complete or have completed the said work, and 

10 to supply or have supplied the lal>or, materials, and tools, of whatever character necessary to be purchased or supplied by reason of the 

11 default of the said party of the second part; in which eveut the said party of the second part shall be further liable for any damage 

12 incurred through such default and any and all other breaches of this contract. 

13 It is further covenanted and agreed that the said party of the first part shall have the right of suspending the whole or any part 

14 of the work herein contracted to be done, whenever, in the opinion of the Supervising Architect, it may be necessary for the purposes 

15 or advantage of the w ork, and upon such occasion or occasions the said party of the secoud part shall, without expense to the United 
lfi States, properly cover over, secure, and protect such of the work as may be liable to sustain injury from the weather, or otherwise ; 
17 provided that for all such suspensions and other delays caused by the said party of the first part the party of the second part shall be 
is allowed one day additional t-o the time herein stated, for each and every day of such delay so caused, in the completion of the contract, 

19 the same to be ascertained by the Supervising Architect; provided, that no claim shall be made or allowed to the said party of the 

20 second part for any damages which may arise out of any delay caused by the said party of the first part. 

And the said party of the first pail, acting for and in behalf of the United States, covenants and agrees to pay, or cause to be 

unto the said party of the second part, or to the heirs, executors, administrators, or successor's, of the said party of the second 
2.^ part, in lawful money of the United States, in consideration of the heroin hmmUhI covenant* and agreements made by the party of 

24 the second part, the sum of eighteen thousand dollars (4l8 t OOO*)» 
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of A " <l U "' |m, ty ° f the ,iWt P * rt C0VenantS ,lnd that will be made in the following manner, viz: ninety per cent 

ciitc.l an.l actually in place, to the satisfaction of the party of the first part, will be paid from time to time 

"" ' ° "^ ‘" ,,K "' SSeS (th ° 8,li ' 1 Val "° t0 b ° a8Certainetl Y >y the P™ty of the first part), and ten per cent thereof will be retained until 
the entuc work, and the approval and acceptance of the same by the party of the first part, which amount shall be 

P y umd pari ln the event of the nonfulfillment of this contract; it being expressly covenanted and agreed 

shall not lelun e the party of the second part from liability to the party of the first part for any and all damages 
ason of any bioach of this contract; provided, however, that no payment hereunder shall be due to the said parly 
<> »*« second part until every part of the work to the point of advancement reached-on account of which payment is clai med¬ 
al isfactoi lly supplied and executed in every particular and any and all defects therein remedied to the 
entire satisfaction of the said party of the first part. 

at jtZ “ C ° n<liti0n ^ thiS C ° ntrftCt that DO M ° mber ° f ’ ° r Del «* a * * Congress, or other person whose name is not ‘ 

~ " adn ‘ itted * - ^ or to any benefit to arise therefrom; and it is further 

covenanted and agreed that this contract shall not be assigned. 

*U witness wheveof, The parties hereto have hereunto subscribed their names this 

28th day of Oeptaaber, A.D.1900. 


fa 

£9 


• ho oraouree ln lines 9 .£2 ona 24, page 2 , end the Interlineation In line 17,page 


gj rere made before the execution tereof. 


g-s 

fc 


21 £ 

22 l 
< 


arilZfiSS?* * a ‘ 0°** bren corrMly prrparai , 

Jas. A « Wetmoxe 9 

Chief of the Law and Records Division. 

James C. Plant. 

Superintendent of Computing Division. ' 


J% Roynoikao, 


OEK J2I L 


Aot ing Secretary of the Treasury. 


Chief of Inspection Division. 


Witnesses to the signature of the Contractor: 

H.G. Oerterle 
Alexander Morris 


Murray Gibson. 

doing business tinder the 
name and style of 
John Gibson. 


Contractor. 


Place 
Cori>orate 
Seal here. 


NOTE.—Read rules carefully before executing*. 



1 


BOND. 


Jtnout all men l»y these presents, That, we, Murray Gibson, d ing business under the name 
* BUS. style of John Gibson, 

4 


, County of 

, principal , and the 


, and 


, and 






5 of the City of ?Mladol]ihia 
c State of Pennsylvania 

7 Fidelity & Deposit Co. of lid. 

8 A Corporation of Maryland, of the City of Baltimore, Maryland. 

9 of the City of , County of 

10 State of , and 

11 of the City of , county of 

1- State of , guret y , are held and firmly bound unto the United States of America in 

1.3 the sum of Mne thousand dollars ($9,000.), lawful 

14 money of the United States, for the payment of which, well and truly to be made to the United States, we bind ourselves, our heirs, 

15 executors, administrators, successors, and assigns, jointly and severally, firmly by these presents. 

16 Sealed with our seals and dated this 3eC0 nd day of October .A.D.1008. 

17 ghc condition of the about obligation is such, That whereas the said . . 

John Gibson 

1S has entered into a certain contract, hereto attached, with 

J. B. Reynolds, Acting Secretary of the Treasury, acting for and in behalf of the United States, 

20 bearln S date the 28th day of Septor:ber, A.B.1908: Now, if the said John Gibson 

21 

22 shall well and truly fulfill all the covenants and eonditionsof said contract, and shall perform all the undertakings therein stipulated by 

23 him t0 bo Performed, and shall well and truly comply with and fulfill the conditions of, and perform all of the work and furnish all 

24 1 he labor and materials required by, any and all changes in, or additions to, or omissions from, said contract which may hereafter be made, 



pviroim an t,\i„ undertakings stipulated by him to be performed in any and all such changes in, or additions 
thereto, notice thereof to tile said suret y being hereby waived, and .hall promptly make payment to all persons supplying 

him labor or materials in the prosecution of the work contemplated by said contract, then this obligation to be void-, otherwise 
to/rGmain in full force and virtue. 

4 * i 


£n testimony wheveof, The said Murray Gib con 
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, principal , and 


and Fidelity & Deposit Co# of Md# 

have hereunto subscribed their names and affixed their seals the day first above written. 


, suret. 


35 Signal, settled, and delivered in presence of 

H.G.Oerterle 

37 Alex. Morris 

38 
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Murray Gibson. SEAL 

doing business under tne 
name and style of John Gibson 


Fidelity & Deposit Co. of Md. SEAL 

Herman Hoopes, 

Attorney in fact. 

ATTEGT: F.E.Townsend 

Ees.A. Secty. 


NOTE,—Read rules carefully before executing. 

(6) 
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[heals of wax or wafer.] 
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TREASURY DEPARTMENT. 
OmCK OK Til K SUPBKVlHIIfa Auciutkct 
Form 134 B—Ed. 9 18 1902 7,000. 


I 


DZB 


INSTRUCTIONS TO BE FOLLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


1. Tlio CHRISTIAN NAMES (ono or more) muBt Imj written in full in the body of tho 
bond. 

When the contracting party is a PARTNERSHIP concern, the CONTRACT muBt 
bo signed with tho FIRM NAME, without seal, and the BOND must l»e signed and Bonlod 
by EACH member of tho firm. When tho contracting party is a CORPORATION, tho 
contract and bond must bo signed in tho CORPORATE NAME by tho duly authorized 
officer of tho corporation; thoro must bo attached to tho eontruct duly authonticutod 
evidence that tho officer executing tho contrnct and bond has authority to do so. and 
that ho has been duly elected to such office, and tho corporate seal must bo affixed to both 
tho contract and bond. In tho event that tho corporation has no corporate seal, the fact 
should Iki shown ; und in such case a seal of wax or wafor should be adopted and used for 
the time being ns tho seal of tho corporation. 

2. Tho bond must bo dated ; and tho bond must Ixj of tho same (or subsequent) date as 
the contract. 

3. Each signature must lto made in tho presence of two persons, who must sign their 
names as witnesses. 

4. Thoro must not bo loss than two individual sureties ; bntono corporate surety, duly 
qualified undor tho Act of Congress of August 13, 1891, may Ixj accepted as solo surety. 

6. Seals of wax or wafer must be attached to tho signatures on tho bond of tho prin¬ 
cipal and sureties. No seals oro required to signatures on contract, except corporate seals. 

6. A married woman will not be accepted as surety. 

7. The sureties must justify in amounts the aggregate of which will bo equal to at 
least twice tho penalty of tho Iwnd. 


This rule applies to corporate os well as individual sureties; and corporate suret os 
will also be required to uttach to each bond a copy of tho last statement of their a*®** 8 
and liabilities, os rendered pursuant to section 4 of tho Act of Congress of August 13, lw 

8. Each surety must make and sign an affidavit of tho amount ho is worth over and 
above all debts and liabilities, and such exemptions as may be allowed by law. 

9. Surctios, other than eorjjorato sureties, must state undor oath that they are not 
responsible as surotios on any other bond; or, if so liable, tho amount of such liability. 

10. Tho affidavits of surotios must bo taken and subscribed before an officer 
authorized to administer outhB generally, who must certify that ho administered tho 
oaths. If the affidavits are taken before a clerk of a court of record, a United States 
commissioner, or a notary public, whoso official seal is thereto affixed, or Ixjfore a judge 
of a United States court, authority to administer tho oaths need not bo shown; but if 
tukon before any othor officer, or if the official seal of the clerk, United States commis¬ 
sioner, or notary, is not affixed, tho authority to administer tho oatlis and tho official 
character of the officer must bo duly certified. 

11. A judge or clork of a court of record, a United States attorney, or a United 
States commissioner, must certify that tho surotios are sufficient to pay tho penalty 
of tho bond ; and, oxcopt in tho case of a judge of tho United States courts or a 
United States attorney, if tho person certifying lias no soal, his official character must 
lxi duly certified. Tho foregoing doos not apply to corporate surotios who have complied 
with rule 7 hereof. 

12. Tho residence of principal and snreties must be distinctly stated. 

18. All erasures and interlineations in contract or bond must be noted above the 
signatures of tho witnesses as having boon made before the execution thereof. 


CONTRACT 


BETWEEN THE 


4 

5 

6 


UNITED STATES OF AMERICA 

AND 

John Gibson# 

XU$Xl\CVCtt& r By advertisement, duly made and published according to law, proposals were asked for furnishing all of the labor 


7 and materials for the work herein provided for j and 

8 The proposal of John Grib BOH f 

9 furnished in response thereto, was duly accepted, as hereinafter stated, on condition that jje execute a contract in accordance 

10 with the terms of said bid. 

11 ‘QoXVf tftCVCfOKC, this UflVCClUCtlt, made and entered into by and between j # HoynoldB Acting 

12 Secretary of the Treasury, for and in behalf of the United States of America, of the first part, and Qit OOH (being he 

13 name and style undor which Murray Gihscn does business), of Philadelphia, Pennsylvania, 

14 

15 of the second part, 

16 xfflXitllC8S£tJxl That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to and 

17 with the party of the first part to furnish all of the labor and materials and do and perform all the work required f QT p £ ^ 

18 and decorating the nest Mint at Denver, Colorado, 
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2 , , 102 ^ 107-D, 108-1>, 109-JJ, va* 

in strict and full accordance with the requirements of drawings num >u< * . , YiranOSIll# 

th. Stott*.. TO b»itt.a by tort, ol th. 6eoond pert »ith oritl pr - 

and such other detail drawings as may ho furnished to tho patty of the second pit b by the dupe K ^ Kpec ificatiou for the work ; 
Treasury Department; the advertisement for proposals, dated June 6 t 19 , • j par t,y of the 

,h, proposal dated 17.U0 ^ ^ ^ ^ ^ part by 

P "* 1 “ d "‘“ <1 “r 4 *” 4 " 46 - 1J “ . . .theTioasury, aecopting -id proposat I 

J.B.Reynolda, Acting 


a true and correct cop, of oa.lt of which -id papom is aMaehod h.reto and form, a part of this ooutract i and wh.o e«™ 

ilinwrugs, ?5? 4 ??*’i B „at0H, of th. -id Supervising Arol.itoc. and tho signtdurt of th. said party of th. «tcood par , a„ on 
tho Office .?f tho So,«ttvlsing Arohttoot ot tho Dnitod Sttdoa Treasury Department, and are Hereby made part ot tl„a contract. 

And the -id {tarty of th. second part further cov.nnat. and agrm, that th, work be-in ag"** to bo {mtf.rmod shal o 
comtuenood ptontp.ly upon rtcoipt of ».t™ •» »» appeal of th, bond hereto attached, and that th. -mo sh.il he -mod „„ ,n such 
order and a. snob tin,- and -so.,., and with snob fore, a, shall from time ,o tin., ho dirtrtod or prtcih.d by th. Super,,.,Pg 
Architect or his representative, and that the —me shall bo completed in all its ports within by April I 4 . 1 ' 0 * 

approval of -id bmtd ber-ert-eb*, that all maicrttds nsed shall ho of th. v.r, W W »' “ 
tdf amt all the Work performed shall be executed In the most skillfnl and workmanlike manner, and that both the materials 
used and the work performed shall be in every respect to the entire and complete satisfaction of the Supervising Architect. 

And the said party of the second part expressly covenants and agrees that the bond hereto attached shall be security, also, for the 
satisfactory performance and fulfillment of all the guarantees set forth in or required by said specification. 


wttxi tjevwcen the parties hereto that time is autl shall be considered as of the essence of 
the contract on the part of tlio party of the second part, and iu the event that tho said party of the second part shall fail in the due 
performance of the entire work to be performed under this contract, by and at the time herein mentioned or referred to, the said party 
of the second part shall pay unto the party of the first part, as and for liquidated damages, and not as a peualty, the sum of 

dollars, for each and every day the said party of the secoud part shall be in default, which said 
dollars per day, in view of the difficulty of estimating such damages with exactness, is 


Ion 

sum of 


ten 


hereby expressl fixed, estimated, computed, determined, and agreed upon as the damages which will be suffered by the party of the 
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1 first part by reason of such default, and it is understood and agreed by the parties to this contract that the liq 

2 hereinbefore mentioned are in lieu of the actual damages arising from such breach of this contract; which said sum the p y 

3 first pari shall have the right to deduct from any moneys in its hands otherwise due, or to become due, to the said paity 

4 part, or to sue for and recover compensation or damages for the nonperformance of this contract at the time oi times lieiei p 

5 or provided for. 

6 The party of the second part further covenants aud agrees to hold aud save the United States, its officers, agents, sei vauts, and 

7 employees, harmless from and against all and every demand, or demands, of any nature or kind, foi, oi on account of, the use o y 

8 patented invention, article, or appliance, included in the materials hereby agreed to be furnished under this contract. 

9 It is further covenanted and agreed by and between the parties hereto that the said party of the second part will, without expense 

10 to the United States, comply with all the municipal building ordinances aud regulations, in so far as the same are binding upon the 

11 United States, and obtain all required licenses and permits, and l>e responsible for all damages to person or property which may occur 

12 in connection with the prosecution of the work ; that all work called lor by the drawings and specifications, though every item be not 

13 particularly shown on the first or mentioned in the second, shall be executed and performed as though such work were particularly 

14 shown and mentioned in each, respectively, unless otherwise specifically provided; that all materials and work furnished shall be 

15 subject to the approval of the said Supervising Architect; and that said party of the second part shall be responsible for the proper care 

16 and protection of all materials delivered and work performed by said party of the second part until the completion and final acceptance 

17 of same. 

18 It is further covenanted and agre<Hl by and between the parties hereto that the said party of the second part will make any 

19 omissions from, additions to, or changes in, the work or materials herein provided for whenever required by said party of the first 

20 part; the valuation of such work and materials to be determined on the basis of the contract unit of value of material and work 

21 referred to; or, in the absence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are to be 

22 determined toy the Baid Supervising Architect, whose decision with reference thereto shall be binding upon both parties; and that no 

23 claim for damages, on account of such changes or for anticipated profits, shall be made or allowed. 

24 It is further covenanted and agreed that no claim for compensation for any extra materials or work is to be made or allowed, 

25 unless the same be specifically agreed upon in writing or directed in writing by the party of the first part; and that no addition to, 

26 omission from, or changes in the work or materials herein specifically provided for shall make void or affect the other provisioas or 

27 covenants of this contract, but the difference in the cost thereby occasioned, as the case may be, shall be added to or deducted from the 

28 amount of the contract; and, in the absence of an express agreement or provision to the contrary, no addition to, or omission from, or 

29 changes in the work or materials herein specifically provided for shall be construed to extern! the time fixed herein for the final 

30 completion of the work. 

31 It is further covenanted and agreed by and between the parties hereto that all materials furnished aud work done under this 

32 contract shall be subject to the inspection of the Supervising Architect, the superintendent of the building, and of other inspectors 

33 appointed by the said party of the first part, with the right to reject any and all work or material not in accordance with this contract; 

34 and the decision of said Supervising Architect as to quality and quantity shall be final. And it is further covenanted and agreed by 

35 and between the parties hereto that said party of the second part will without expense to the United States, within a reasonable time 

36 to be specified by the Supervising Architect, remedy or remove any defective or unsatisfactory material or work; and that, in the 

37 event of the failure of the party of the second part immediately to proceed and faithfully continue so to do, said party of the first pari 

38 may have the same done and charge the cost thereof to the account of said party of the second part 

39 It is further covenanted and agreed by and betwee n t hepa^j ***** **— Aana acceptance of, aud payment 

-work herein provided for, no prior inspection, payment, or act is to be construed as a waiver of the right of 

41 the party of the first part to reject any defective work or material or to require the fulfillment of any of the terms of the contract 

42 It is further covenanted and agreed that the party of the first part shall have the right to i 

43 the work herein provided for shall be completed within such time as ; 


require that any particular portion of 

may be hereafter definitely specified by the said party of the first 
“ P»„ Tit*, uoffee ,o the»ld pur,,- of „« , hollM ^ of ^ ^ ^ 
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particular portion of the work within the time so specified, or fail to complete the entire work contemplated b\ 

time or times herein stipulated or provided for; or fail to prosecute said w'ork with such diligence as in th j t? 

the first part will insure the completion of the said work w ithin the time hereinbefore provided, the said part> 

withhold all payments for work in place until final completion and acceptance of same, aud is authorized aud eini 

days’ due notice thereof in writing, served personally upou or left at the shop, office, or usual place of abode, ^ 

of the said party of the second part, and the said party of the second part having failed to take such action within thi & g 

as will, in the judgment of the said party of the first part-, remedy the default for which said notice was gneu, to take \o\ 

said work in whole or in part and of all machinery aud tools employed thereon aud all materials belonging to the said \ } 

second part delivered on the site, and, at the expense of said party of the second part, to complete or have completed the sai 

to supply or have supplied the labor, materials, and tools, of whatever character necessary to be purchased or supplied by reason of the 

default of the said party of the second partj in which event the said party of the second part shall be further liable for a > » ug 

incurred through such default aud any aud all other breaches of this contract. 

It is further covenanted and agreed that the said party of the first part shall have the right- of suspending the whole or any part 
of the work herein contracted to be done, whenever, in the opinion of the Supervising Architect, it may be necessary for the purposes 
or advantage of the work, and upon such occasion or occasions the said party of the second part shall, without expense to the United 
States, properly cover over, secure, and protect such of the work as may be liable to sustain injury from the weather, or otherwise; 
provided that for all such suspensions aud other delays caused by the said party of the first part the party of the second part shall be 
allowed one day additional to the time herein stated, for each and every day of such delay so caused, in the completion of the contract, 
the same to be ascertained by the Supervising Architect; provided, that no claim shall be made or allowed to the said party of the 
second part for any damages which may arise out of any delay caused by the said party of the first pait. 

And the said party of the first part, acting for and in behalf of the United States, covenants aud agrees to pay, or cause to be 
paid, unto the said party of the second part, or to the heirs, executors, administrators, or successors, of the said party of the second 
part, in lawful money of the United States, in consideration of the herein*recited covenants aud agreements made by the party of 

the second part, the sum of oigTltOSH t!h(TO3tfXld dO 11 & TO ($18,000*;# 
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And the p«u ty of the first part covenants and agrees that payments will be made in the following manner, viz: ninety per Cent 

alia of the work executed and actually in place, to the satisfaction of the party of the first part, will be paid from time to time 
pro^i ( sses (the said value to be ascertained by the party of the first part), and ten per cent thereof will be retained until 
t h< completion of the entire work, and the approval and acceptance of the same by the party of the first part, which amount shall be 
s.iid party of the second part in the event of the nonfulfillment of this contract; it being expressly covenanted and agreed 
foi ft ituic shall not relieve the party of the second part from liability to the party of the first part for any and all damages 
k 1 by leason of any breach of this contract; provided, however, that no payment hereunder shall be due to the said party 
1 > < rood pait until every part of the work to the point of advancement reached—on account of which payment is claimed— 

found to be satisfactorily supplied and executed in every particular and any and all defects therein remedied to the 
10 entire satisfaction of the said party of the first part. 

It is an express condition of this contract that no Member of, or Delegate to, Congress, or other person whose name is not 
1- at this time disclosed, shall be admitted to any share in this contract, or to any benefit to arise therefrom; and it is further 

Id covenanted and agreed that this contract shall not be assigned. 


14 

15 

m 

16 I 

as 

17 |I 

a m 
is •d 


witness tulicvcof, The parties hereto have hereunto subscribed their names this 

28th day of Septeaber, A*h*1908* 


The erasures in lines 9 f 22 and 24, page 2 t and the interlineation in line 17 f page 


19 a* 

o © 
ZZ u 


|| 2, wore made before the execution hereof* 

'* -I 
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21 

22 


“IS 

x a 


nn(Tn^Zpurcd^^ ^ i%nn,rort n,ui bn7lti }uivr l,rrn correctly -prepared ^ 

Jas. A. Petmore, 

Chief of the I me and Records Division, j 


J. B. Reynold b. 


James C. Plant. 

Superintendent of Computing Division. \ 


C>JK JET L 


Aot jp g Secretary of the Treasury. 


Chief of Inspection Division. 


Witnesses to the signature of the Contractor: 


H.G. Oerterle 

i 

% Alexander Morris 


Murray Gibson* 


doing business under the 
name and style of 
John Gibson* 


Contractor. 



NOTE.—Read rules carefully before executing. 
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BOISTT). 

Jvnoui alt men by these presents, That we, Murray Gibson, dr ing business \mder the na^o 
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and stylo of John Gibson, 


, County of 

, principal , and the 


, and 


, and 


of the City of 

state of PonnaylYunia 
Fidelity & DeooBit Co. of rid. 

A Corporation of riaryland, of the City of Baltinore* iiaryland< 

of the City of » Connty of 

State of > and , 

, , and 

of the City of 1 > County of 

8urot v , are held and firmly bound unto the United States of America m 

otatrO Ol 1 V . , 

lawful 

the sum of tTmTiBand dollars (i'J.OOO.), 

money of the United States, for the payment of which, well and truly to be made to the United States, we bind onrselves, our le.rs, ^ 

. •_ orvTT^r»ol1 \r firmlv hv those* nresentS. 


,A.D.1SK». 


executors, administrator, successors, and assigns, jointly and severally, firmly by these presents. 

Sealed irit/i oi/r seals and dated this Uecond dfly of October 

ghc condition of the obligation is such, That whereas the said j oim Gib00n 

baa entered into a certain contract, hereto attached, with 

Secretary of the Treasury, acting for and in behalf of the United States, 

J. B. Reynolds, Acting ...... _ 

_ a noriA< Now, if the said John niIDOOIX 

bearing date the £8th day Of September, 


ZL 

■2-2 shall well am) truly fulfill all the covenants and conditions of said cbotract, and shall perform all th© undertakings therein stipulated by 
performed, and shall well and truly comply with and luUill the condition, of, and perform .11 of the wort furmsh all 

(belabor anil materials required by, any and allebauges in, or ndditionsto, or omissions from, said contract which may hereafter beinade, 

„„, 3 .Wl po. form all the undertakings stipulated by Klja to be performed in any and all such changes in, or additions 
thereto, notice thereof to the said suret y being hereby waived, and shall promptly make payment to all persons supplying 
labor or materials in the prosecution of the work contemplated by said contract, then this obligation to be void; otherwise 
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to remain in full force and virtue. 


in testimony whereof, The said Murray Gib on 


, principal , and 


and fidelity % Deposit Co. of ^d# 

have hereunto subscribed their names and affixed their seals the day first above written. 


, suret- 
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Signed, scaled, and delivered in pnscnce of 

36 

H.U.Oerterle 

37 

Alex. ilorriB 

38 


39 


40 


41 1 

A 

11 


1 

46 H 
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Murray Gib son* d <AL 


doing business under t e 


Pi A+l i 

Attorney in fact« 
ATTE■ i 1 : p # Tovmeen d 

TIgg»a# » ooty, 
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50 


XOTE.-Road rules carefully before executing. 
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[HEALS OF WAX)R WAFER.] 





















SPECIFICATION POE PAINTING AND DECORATING IN TICR U.S.NIFT 
AT DENVER,COLORADO. 


\ 


TREASURY DEPARTMENT,Office of the Supervising Architect, 
Washington.D.C.June 6,1908,-SEALED PROPOSALS .accompanied hy sketch¬ 
es,will be received at this office until 3 o'clock P.N.on the 13th 
day of July 1908,and then opened for painting and decorating in the 
U.S.Mirt at DEiJYER, COLO., in accordance with the specification and 
drawings. 

James Knox Taylor, 

Supervising Architect. 

J • • w. . 

J. S . S * 

J.C.P. 

T.W.R. 

L.A.S. 

A.B. 

N.B. Bidders must return drawings and specifications without 
marks,notes or otherrautiiations thereon. 

The Government frank sent to intdnding bidders is to be vsed 
for the return of drawings and specifications only. 
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Form No. 8751 

Ed. Oct. 7-07—10,000. 
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treasury 

Office of the SUPERVISING ARCHITECT. 


SPECIFICATION for 

PAINTING AED DECORATING IN THE U.S.IOttJT AT DENVER,COLO 


GENERAL CONDITIONS. 


FORM OF PROPOSAL AND SIGNATURE. 

Proposal must be made on the blank form hereto attached, inclosed in sealed envelope, marked proposal with title of 
building as given above, and addressed to the Supervising Architect, stating in writing and figures (without interlineation, 
alteration, or erasure) the sum of money for which the bidder proposes to supply the materials and perform the work required 
by the drawings and this specification, and the time within which he proposes to complete the work, and the unit prices 
called for in proposal sheet. The proposal must bo signed with the full name and address of the bidder; if a copartnership, 
the copartnership name by a member of the Firm, with the names and addresses in full of each member; and if a corporation, 
by an officer in the corporate name, with the corporate seal attached to such signature. No telegraphic proposals or telegraphic 
modifications of proposals will be considered. Proposals received after the time advertised for the opening will bo returned 
unopened. If proposal is sent by registered mail, allowance should be made forthe additional time required for such transmission. 

CERTIFIED CHECK. 

Each bidder must submit with his proposal a certified check, in a sum equal to 2 per cent of the amount of such proposal, 
drawn to the order of the Treasurer of the United States, and the proceeds of said check shall become the property of the 
United States, if, for any reason whatever, the bidder, after the opening of the bids, withdraws from the competition, or 
refuses to execute the contract and bond required in the event of said contract being awarded to him, and checks submitted 
by the unsuccessful bidders will be returned after the approval of the contract and bond executed by the successful bidder. 
Copy of contract and bond will be furnished the contractor after the approval of his bond. 

EIGHT-HOUR LAW. 

The attention of bidders is called to the Act of Congress approved August 1, 1892, limiting the hours of daily service of 
laborers and mechanics employed upon public works of the United States to eight hours in any one calendar day. 

SUBCONTRACTORS. 

No subcontractor or other person furnishing material or labor to the contractor will he recognized, nor will this Depart¬ 
ment be responsible in any wav for the claims of such persons beyond taking a l)ond, as required by the Act of Congress 
approved August 13, 1894, which provides in substance that when a formal contract is let for the erection or repair of a public 
building, etc., the contractor, before commencing such work, shall furnish the usual penal bond, with good and sufficient 
sureties, with the additional obligation that such contractor will make prompt payment to all persons furnishing him labor 
or materials used in the prosecution of the work. Persons so furnishing materials or labor have a right of action on said 
bond, in the name of the United States, for their use. No formal contract is usually let, however, and no bond taken where 
the amount involved is less than §2,000. 


PARTIES IN INTEREST. 

No Member of or Delegate to Congress and no officer of the Treasury Department, superintendent, inspector, clerk, 
employee, or other person in any manner connected with the Office of the Supervising Architect, shall be interested, either 
directly or indirectly, in the contract or work herein provided for, or be entitled to any benefit derived therefrom; and any 
violation of this understanding shall work a forfeiture of all moneys which may become due to the successful bidder. 

RIGHTS RESERVED. 

The material proposed to be used, time for completion of work, and the competency and responsibility of bidders will 
receive consideration before award of contract. 

The Treasury Department reserves the right to accept any part or parts of the proposal made at the prices included in 
same: also to waive any informalities in, and to reject any and all proposals, and to require the contractor to discontinue the 
services of any workman employed on the work who is unskillful or otherwise objectionable. 

FORM OF CONTRACT. 

The contract which the bidder agrees 
Architect, blank forms of which can be 
proposing to submit bids. In case of the 
bankruptcy, or other cause, the Supervisor 
of all work performed, and all materials furnished in place in connection with the contract, and of all material, machinery, 
tools, etc., upon the site of the building taken possession of by the Government, and his decision shall be final. 

PROTECTION OF WORK AND MATERIALS. 

The contractor must obtain, at bis expense, all necessary policies of insurance on work and material supplied by him, as 
the same will he at his risk until final completion, inspection, and acceptance; but the contractor will be relieved of any risk 
for that portion of the building occupied by the Government before entire completion of his contract. 

MODIFICATIONS. 

The Department reserves the right to make any additions to, omissions from, or changes in, or substitutions for, the work 
or material called for by the drawings and specification, without notice to the surety or sureties on the bond given to secure 
satisfactory compliance with the terms of the contract; and the Department further reserves the right to demand additional 
security when additions are made, if in its judgment, such security is required. The unit prices called for in the proposal 
sheet shall l>o used as the basis of value of such additions, omissions, or changes, if they are deemed reasonable by the 
Supervising Architect. If deemed unreasonable, or if none applicable are given, and no agreement can be reached by the 
Supervising Architect and the contractor as to the reasonable value of the work, then the Supervising Architect shall'have 
the right to fix the value of such additions, omissions, or changes, and no claim for damages on account of such change or 
for anticipated profits shall be allowed. 


to enter into shall be in the form adopted and in use in the Office of the Supervising 
inspected at said office, and will be furnished, upon request being made to parties 

abrogation of the contract, whether by reason of the default of the contractor his 
ng Architect, acting for both parties, shall have the right to determine the valtmtion 


PAYMENTS. 

Payments will be made as hereinafter stated. 


DELAYS. 

Eacli bidder must submit his proposal with thedistinct understanding that, in case of its acceptance, time for the completion 
of the work shall be considered as of the essence of the contract, and that lor t he cost of all extra inspection, and for all amounts 
paid forrents. salaries ol contingent force,and other expenses enl ailed upon the Government by delay in comx»leting the contract 

the United States shall be entitled to the fixed sum of TEN dollars &.0 » 00 

as liquidated damages, computed, estimated, and agreed upon, for each and every day's delay not caused by the United States 
Jft'orirfrri, however, that the collection of said sum may, in the discretion of the Secretary, be waived‘in whole or in part* 
and that the contractor is to be entitled to one day, in addition to such stipulated time, for each day’s delay that may be 
caused by the Government. 

The Department, acting for the United States, reserves the right to suspend any portion of the work unbraced in the 
contract, whenever, in its opinion it would be inexpedient to carry on said work. ? 


EXECUTIVE ORDER. 


Attention is directed to the following Executive order: 

"Whereas by an Act of Congress which received Executive 
approval on February £3, 1887, all officers or agents of the 
United States were as a matter of public policy, forbidden under 
appropriate penalties, to hire or contract out the labor of any 
criminal who might thereafter be confined in any prison, jail, 
or other place of incarceration for the violation of any laws of 
the Government of the United States of America. 

"It is hereby ordered that all contracts which shall hereafter 
be entered into by officers or agents of the United States in¬ 
volving the employment of labor in the States composing the Union, 
or the Territories of the United States contiguous thereto, shall, 
unless otherwise provided by law, contain a stipulation forbid¬ 
ding, in the performance of such contracts, the employment of 
persons undergoing sentences of imprisonment at hard labor which 
have been imposed by courts of the several States, Territories, 
or municipalities having criminal jurisdiction." 


EXECUTIVE ORDER NO. £. 


!• All Departments of the Government under the supervision of 
which public works are being constructed are hereby directed to 
notify the representatives stationed at such public works to re¬ 
port at once to their respective Departments all cases in which 
contractors or subcontractors on works now under construction 
have required or permitted laborers or mechanics in their employ 
to work over eight hours in any one calendar day. 

II. All Government representatives in charge of construction 
of public works are further directed that it is part of their duty 
to report to their respective Departments each and every case in 
which laborers or mechanics are required or permitted to work 
over eight hours a day on the works under supervision of such 
Government representatives. Wherever reports showing work in 
excess of eight hours a day are received by any Department they 
are to be referred to the Department of Justice for appropriate 
action. 

III. All Departments of the Government under the supervision 
of which public works are being constructed by contract are 
further directed to have their respective legal officers prepare 
and forward to the President a list of such statutes and Executive 
orders as have a direct bearing on contracts for the construction 
of public works, and with which bidders on such works should be 
made acquainted. 
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treasury department. 

Office «A Supervising AiicjuteoTj 
F orm No. 87U8.—Ed. Oct. 7-07—10,000. 


NOTICE TO SURETIES. 


* 


The attention of the Sureties is particularly directed to the following conditions: 

The final inspection and acceptance of the work shown by the 
drawings and specifications forming a part of the \^11 

not be binding or conclusive upon the United States 1 fraudu _ 

subsequently appear that the contractor has willful y 
lently or through collusion with the representative o is 
Department in charge of the work supplied inferior materials 
workmanship, or has departed from the terms of hiscontrac . 
any such case the United States shall have the right, notwith- 
standing such final acceptance and payment, to cause the work to 
be properly performed and satisfactory material supplied to such 
extent as in the opinion of the Supervising Architect may e 
necessary to finish the work in accordance with the drawings a 
specifications therefor at the cost and expense of the contractor 
and the sureties on his bond, and shall have the right to recover 
against the contractor and his sureties, the cost of such work 
together with such other damages as the United States may suffer 
because of the default of the contractor in the premises, the 
same as though such acceptance and final payment had not been 
made. 

Attention is called to Section 21 of the Act approved June 6, 1902, which provides 
as follows: 


"That in all contracts entered into with the United States, 
after the date of the approval of this Act, for the construction 
or repair of any public building or public work under the control 
of the Treasury Department, a stipulation, shall be inserted for 
liquidated damages for delay; and the Secretary of the Treasury 
is hereby authorized and empowered to remit the whole or any part 
of such damages as in his discretion may be just and equitable, 
and in all suits hereafter commenced on any such contracts or on 
any bond given in connection therewith it shall not be necessary 
for the United States, whether plaintiff or defendant, to prove 
actual or specific damages sustained by the Government by reason 
of delays, but such stipulation for liquidated damages shall be 
conclusive and binding upon all parties." 
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PkOROG/Lu 

Proposals shall he based upon drawings 1'Tos 101 T),102 ^ 10 r > 
■0,103 T) and 109 D and this specification. 

EXTENT Aim CHARACTER OP THE WORK. 

There is available 3513,000.00 for painting and. aecorating 
hereinafter mentioned,and the bidder is to stibmit drawings to a 
scale of ■£" to the foot showing the general character of the dec¬ 
ora ion and details to a scale of^" to the foot showing the color 
scheme and decoration in detail. 

All walls and ceilings in corridors,etc.which are tinted on 
theplans are to be painted and very simply decorated,the portions 
tinted to a light blue are to have more elaborate decoration. 

The drawings sb ove mentioned are intended for general informa¬ 
tion only as to location of work. 

Bidders should visit the premises and fully inform themselves 
of the character of the work and the conditions under which it 
must be done,and failure to do so will not relieve the successful 
bidder from the necessity of furnishing, with out additional expense 
to the Government,a11 materials and performing all labor that may 
be contemplated ,to the satisfaction of the Supervising Architect- 
PAYMENTS. 

Payments will be made monthly on account of the work satis¬ 
factorily completed,based upon the estijojated value thereof as as¬ 
certained by the Supervising Architect,less 10$ of such estimate 
which will be retained until after the final acceptance by th? duly 
authorized representative of the Government,of all labor and mater¬ 
ials embraced in the contract,when final payment will be madejbut 
the Government reserves the right to withhold any payment until all 
defects are remedied or until samples as required by the specifica 
tion are supplied. 

TIME TO COMPLETE. 

The wodc must be done at such times and in sudi manner as the 
Custodian nay direct so as to interfere as little as possible wiih 
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the transaction of business.Sufficient workmen and. materials must 
beemployed to insure the completion of the entire work on or before 
the first day ofMarch 1909. 

FOREMAN. 

The contractor shall keep a competent for man or superintend- 
dent satisfactory to the Supervising Architect, on the premises at 
all times during the progress of the v/ork to receive instructions 
and with authority to act for the contractor. 

TOHJ31A7BKIP A>tO MATERIALS. 

All work must be done in strict accordance with this sjjecifica 
tion and the instructions of ^he Custodian.Materials shall be of*he 
best quality and workmanship the best known to the trade and all 
materials and labor necessary to fully complete the work as contem¬ 
plated by this specification,whether or not specifically mentioned 
shall bf furnished. 

White lead shall contain not less than 70/c nor more than 75 f. 
carbonate oflead to not less than 35^ nor more than 30 c v hydroxide. 

Putty shall composed of white lead paste mixed with dry 
white lead of the proper consistency ,the putty' to be colored to 
match the paint. 

All paints,colors,oils,etc., shall be delivered in unbroken 
packages,bearl _ng the brand and maker's name and mixed on the prem¬ 
ises../ room in the basement will be assigned the contractor for 
the storage and mixing ofpaints. 

retecte^ materials. 


Materials or work which has been rejected must be removed from 
the premises at once,and should the same not be done the Ci stodian 
mav hours after serving written notice on the contractor ,have 
the same removed and replaced with the proper materials or workman¬ 
ship,and the cost of such removal and the replacing thereof, Till 
bd ded» cted from money due the contractor. 
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PROTECTION. 

All work and materials of every description now in place or 
contemplated by this specification,shall he fully protected from 


damage from any source. 

Furniture,etc ., must he protected by cloths andif ® directed 
cloths must he hung under scaffold to prevent ’ paint from 
dropping. 

Fv'-niture,carpets,cases,etc. , shall he removed by the contract 
or as may he necessary for the proper execution of hhe work and 
upon completion of the work,he satisfactorily replaced. 

DAJ1A GES • 

The contractor will he held responsible for,and he required 
to make good et his own expense,any and all damage done or caused 
by him or his workmen in the execution of any work i nder this 

specification. 

EQUIPMENT. etc . 

The contractor must furnish all scaffolding,machines, 
tools, utensils,etc.necesaary for performing the work,and the same 
must e at all times suitable and safe. 


CLEANING. 

At the completion of the vrork.awd as often during the execu¬ 
tion Of the same as the Custodian may direct,the contractor must 
clean u X all dirt and rubbish caused by him and remove the same 
from the premises and clean off all paint spots from furniture, 

cases,floors.etc. 

samples. 

The contractor shall, with In three weeks from date of approval 
of his tond.a-bmit to the Supervising Architect,for his approval 
the following samples of materials.wilb charges prepaid. 

FAISTKD atrips 3" x 6* showing all colors to be used. 
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WITTE LEAD 

Tv;o pounds, 

LINSEED OIL 

One quart, 

y v/ith name of manufacturer, 

TURPENTINE 

One quart 

DRYER 

One quart ,j 

COLORS 

each kind. 


The contractor shall also submit during the progress of tne 
work any o theradiate rials that maj be required. 

Materials for \nihich samples are required shall not(be deliver¬ 
ed until samples of the same have been approved by the Supervis¬ 
ing Architect and the materials deliveredmust correspond in every 
respect with the approved samples . 


TO IJJSTIKR PROMPT CONSIDERATION OF SAMPLES, a letter SIGNET) 

BY THE CONTRACTOR must u e mailed to the Supervising Architect on 
the date of each shipment,containing the following information: 

A list fh owing every sanple forwarded. 

The brand and name of manufacturer of lead,oil,dryer,and 
colors. 

The above information must not be forwarded in the same 
package with samples. 

An} sanple received inadvance of such letter will be held 
two weeks and if at the expirati. on of such period the letteris not 
received the package will be considered"lJnclaine d Goods . 

jsuggested that samples of materials be ootainec. di¬ 
rect from the manufacturers.after fully advising them of the spec¬ 
ification requirements ,as the failure of any of the above samples 
to pass the laboratory test is considered sufficient grounds for 
refusal to consider under this specification any other sanple or 
brand from the manufacturer whose goods were defective. 

Each sample must have a label showing the material represented 

by the sample,- he name of the contractor and the building for which 
it is intended. 


Attention is called to the fact that time is req>. ired fortest¬ 
ing and inspecting samples of materials and in no case will the 
time for completion of the contract "be extended on account of fail¬ 
ure of contractor to submit samples as above specified. 

Attention is particularly called to the rights reserved ,as 
hereinbefore specified , to withhold payment if samples are not 
promptly submitted as required. 

PAINTING. 

All loose and defective plastering shall be removed nhd keys 
thoro u.ghly cleaned, cutting out the damaged portions to clean,sharp, 
sound edges. 

Cracks over l/l6" wide shall be cut out the full depth of 
the plaaster at least on each side,dove tailed in section. 

All cracks or joints shall be cleaned,moistened ,and filled to with¬ 
in l/8" of the finj.s*:he d surface with plaster of Paris,mixed v;ith 
thin glue size and after becoming dry and hard given a coat of 
pa/ ; nt,covering well the edges of old plaster;then fill with white 
lead putty and when dry sand paper smooth with contiguous work. 

Hair cracks shall be filled with white lead putty. 

All ornamental plaster shall be restored.All cracks between 
wood work and plaster,especially around openings shall be caulked 
with o& urn where practicable and be pointed with putty. 

All plaster shall be cleaned with an approved wash,sand paper 
ed where necessary,and rinsed down with clean water. 

All plaster shall be sized with lead,oil,turpentine and dr;er 
in the proportion of 10 n lbs.of lead ,3 gallons of linseed oil,5 
gallons of turpentine and£ gallon of dryer;then cover all plain 
surfaces ,including that of friezes,pilasters,etc., with best qual¬ 
ity 10/4 sheeting,carefully pasted on in the best manner,and all 

superfluous paint scraped out(canvas may be used in connection with 
decorative wo"k preferred.) 
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When dry,all seams shall be filled with putty and the entire 
surface carefully sand papered to a smooth surface so no seams 
or cracks will show in the finished work . 

After being prepared in the foregoing manner,give not less 
than four coats of pure white lead thinned with, raw linseed oil 
and turpentine,the last two coats to be stippled and the last coat 
(fourth coat)to be flat color. 

All tints shall be selected by the Supervising Architect. 

All decroative work shall be in addition to the above painting. 

All cracks or seams showing after the work ha3 received the 
last coat of paint will be sufficient cause for rejection of the 
work where they occur. 

James Knox Taylor, 

Supervising Architect. 


A.B 


TREASURY DEPARTMENT, 

Office of the Supervising Architect 

Tuly 6, 1908. 


ADDENDUM to the Specification for Painting and Decorating at the 
U.S. Mint, Denver, Colorado. 


Bidders are hereby notofied that the time for opening 
proposals for the above mentioned v/ork has been extended f} c»n 
July 13, 1908 to 3 o’clock P.M. August 19th,1903. 


James Knox Taylor, 


Supervising Architect 


PROPOSAL FOR PAINTING AND DECORATING IN THE IT. S. MINT AT 

DENVER,COLORADO. 


N.B. 


After this proposal sheet is filled out it must not. he 
forwarded under frank,but must he detached and forwarded under 
separate cover ,with postage prepaid hy the bidder. 

_ August 17th > __ 


To the 


Supervising Architect, 

Treasury Department, 
Wa8hington,D.C. 


Sir: 


_hereby propose to furnish all the^ab^r and materials requir¬ 
ed for painting and decorating in the IT.S.Mint at DENVER,COLO» ,m 
strict accordance with the specification dated June 6,1908,the 
accompanying sketches,and the instructions of the Custodian,for 
the sum of, 

- :;i^hfceon -- hQUoand Dolla ra, 

TIME TO COMPLETE. 

--OU-or- before 


i8,ooo*dcpfioo 


John Gibson 

125 SO* 11th St*. 


Phila.. 











TREASURY DEPARTMENT. 
OFFICE Of THE SUPKllVJBING ABCUITECT. 

Form 8756. 
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In determining which is the lowest bid, it is understood that the 
Government reserves the right in awarding the contract to deduct any 

t* 

separate amount named in the proposal for any item mentioned therein. 


NOTICE. 


A CERTIFIED CHECK 

Must accompany this 
B I D to entitle it to 

CONSIDERATION. 


Signature, 


John Gibson # 


Address, 

Names of Individual Members of Firm, 

Murray Gibson 


125 So. 11th St., 
Phlla., Pa. 


Name of Corporation, 


Name of President, 


Name of Secretary, 


Under what law corporation is organized. 
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ireasjky msparkish** 

Inolonure 1556, Office of the Lecretaxy, 

Washington, Sept* 26,1906* 

Mr* John Gibson, 

125 South 11th Street, 

Philadelphia, Pa* 

Sir: 

In accordance with Department approval of the £4th in tant, 
your proposal, dated August 17,1908, received under advertisement 
of Juno 8,1908 and opened Auguot 19,1908, is accepted to furnish 

811 < 3 £? 

in tho U*s,Mint, Denver, Colorado, in striot aooordanoe with the a 
specification dated June 6,1908, and the etotohes submitted by you, 
with such modifications a may be directed by the Supervising 
Architect, and tho instructions of tbs Custodian, for the sum of 
eighteen thousand dollars ($18,000*0)* 

It is understood and agreed that the work is to be completed 
on or before April 15,1909, instead of liaroh 1,1909 as specified, 
this extension being made because of the delay in awarding the oon~ 
tract* 

One copy of the specification 1 b inclosed for your use* 

It Is understood and agreed that the mural paintings are to be 
done toy an artist who is satisfactory to the Supervising Architect, 
and you are advised that Mr* Vincent Adoronto, whoso name is mentioned 
in your letter of September 10th, is entirely satisfactory; but,in 
case it is not possible for you to obtain his servioes, an artist, 
of your nomination, will be eeleotod, who, in the opinion of the 
Supervising Arohiteot, has equal ability* 

It is understood and agreed that you are to execute a formal 
contract with bond is the sum of nine thousand dollars (|9,000*), ^ 

guaranteeing the faithful performance of the work embraced in this 
acceptance, a form for which will be forwarded you* This contract 



with bond, roust bo executed in strlot aocor&unce with the rules 
printed at the head of said form, and be roturned to the Supervis¬ 
ing Architect of this Department at once* 

Sho proceeds of tho check submitted with your proposal will 
be retained until the approval of your bond by the Sec rotary of the 
Treasury, of which you will be advised# 

Payments on account of the work will bo made as required by 
the terrnB of the oontreot, ae set forth under the heading "PAX&SSTr" 
on page 4 of the specification, from the appropriation for ’’Mint Build 
ing", Denver, Colorado”* 

A oopy of this letter will bo forwarded to the Custodian of the 
building* 

You are requested to acknowledge the receipt of this aoceptance* 
KospectfUUy, 

J*B«Reynol< s, 

Acting Secretary* 

W JCP JSS JAW KBQ3B L 









